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by Google 



Pending Tasks 

9 messages 

Ashit Rathore <asht88.rathore@gmail.com> Fri, Sep 5, 2014 at 1 1 :15 AM 

To: "Omar J." <ultimax97@gmail.com> 

Hello Omar, 

Below is the list of pending tasks : 
Me Screen : 

Icons on the top - right of the User Avatar. 
Rewards Screen : 

rewards in progress : left with implementation of progress bar in list item, 
nearest free : left with implementing 
Unread Notifications : in progress 

Some Design and effects are still pending. I will finish as much as i can this weekend and send you the updated 
build on Sunday evening. 

Thanks and Regards 
AR 

Omar J. <ultimax97@gmail.com> Fri, Sep 5, 2014 at 1 1 :43 AM 

To: Ashit Rathore <asht88.rathore@gmail.com> 

Alright, but this time I need the APK by Sunday evening. 

[Quoted text hidden] 



Omar J. <ultimax97@gmail.com> Fri, Sep 5, 2014 at 3:51 PM 

To: Ashit Rathore <asht88.rathore@gmail.com> 

Here is you remaining to do list for all milestone. Note, things may be removed or added but I will warn you. 

[Quoted text hidden] 



Consumer app on BusySeed _ Trello.pdf 

200K 



Ashit Rathore <asht88.rathore@gmail.com> Sun, Sep 7, 2014 at 2:31 PM 

To: "Omar J." <ultimax97@gmail.com> 

Hello Omar, 

Please find the attached builds : One with map and second with not. 

https://mail.google.com/mail/u/0/?ui=2&ik=3905a809ab&view=pt&q=ashit%20&search=query&th=14846627b52e8b9a&siml=14846627b52e8b9a& 1/3 
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From Tomorrow , i will be delivering you regular builds and updates on tasks. 

[Quoted text hidden] 



2 attachments 

^ BusySeed.apk 

U 2663K 

pi BusySeedwithoutmap.apk 

U 2663K 



Omar J. <ultimax97@gmail.com> Sun, Sep 7, 2014 at 6:38 PM 

To: Ashit Rathore <asht88.rathore@gmail.com> 

Even without the maps, things are still really really laggy. I don't think it is the maps, it could be the scroll or 
another script really bringing you down. We really need to get to the bottom of this. I will be sending you an 
update a little later on. 

[Quoted text hidden] 



Omar J. <ultimax97@gmail.com> Sun, Sep 7, 2014 at 8:59 PM 

To: Ashit Rathore <asht88.rathore@gmail.com> 

Alright are my comments on the release 

https://docs.google.eom/document/d/1ZZQTFaph1NND2MdqSld-J8-lr1UNSUo3rYicFDnBz7w/edit 

So right now I am looking at the percentage of work that is done and it is about 21% done from that checklist; 
32% if we don't count Milestone 3's tasks. We need this app done September 27th, so you are going to have to 
really push to get those done. We still have a lot of the fixes to get to as well. 

Those regular updates are going to be needed going forward. Though your work so far is good and if anyone can 
do it, it will be you Ashit. Don't let the date or the workload stopping you from becoming a great developer. I 
believe in you. 

Regards, 
Omar J. 

[Quoted text hidden] 

Ashit Rathore <asht88.rathore@gmail.com> Tue, Sep 9, 2014 at 2:41 PM 

To: "Omar J." <ultimax97@gmail.com> 

Omar, please check this build. I have changed the way side menu appear and i think they work much better then 
the before. Please check and let me know. 

[Quoted text hidden] 



^ BusySeed.apk 

U 2663K 



Omar J. <ultimax97@gmail.com> Tue, Sep 9, 2014 at 2:52 PM 

To: Ashit Rathore <asht88.rathore@gmail.com> 

Actually the under slide is much better from a design point of view. Also this one is only slightly less laggy. 

[Quoted text hidden] 

Omar J. <ultimax97@gmail.com> Tue, Sep 9, 2014 at 2:54 PM 

To: Ashit Rathore <asht88.rathore@gmail.com> 

https://mail.google.com/mail/u/0/?ui=2&ik=3905a80^ 2/3 
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Focus on the core functionality instead of the visual stuff right now. If you can reduce the lag that is big but we 
need to jump on the other core functions. 

[Quoted text hidden] 



https://mail.google.com/mail/u/0/?ui=2&ik=3905a809 



